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Treasurer of Horry County on warrants of the County Board of
Commissioners based upon itemized and verified statements thereof.
They shall serve until the completion of the work authorized by this
Act and in the event of a vacancy on the said Board before the com-
pletion of the work authorized in this Act, the vacancy or vacancies
shall be filled in the same manner hereinabove provided. The said
Jail Commission shall, upon completion of the work committed to
their care, file with the County Commissioners of Horry County and
with the grand jury of Horry County an itemized statement of all
funds received, handled or disbursed by them hereunder.
SEOTION 3: Duties and powers.-The said Jail Commission be,
and they are hereby, authorized within sixty (60) days of their ap-
pointment employ a competent architect or architects to provide plans
for the said jail which shall be of modern style and appointment and
arranged so that the Sheriff of the County may have office quarters in
the said building and shall rearrange and remodel the present jail build-
ing into suitable quarters convenient and adapted for the use of public
offices. The contract for the erection of the said building and the
remodeling of the present jail building shall be let to the lowest
responsible bidder, after advertisement in one or more of the daily
papers published in the State and in the County paper of Horry
County. The party or parties to whom the contract may be awarded
shall enter into a bond in such penal sum as shall be required by the
Jail Commission with sufficient surety, for the faithful performance
of their contract, to be approved by the County Board of Com-
missioners of Horry County and the Jail Commission, the form of the
bond to be approved by the Solicitor of the Twelfth Judicial Circuit
and the County Attorney of Horry County. Said contract shall pro-
vide that only partial payment shall be made during the progress of
the work. That at least twenty (20%) per cent of the contract price
shall be retained by the Jail Commission and to become due and
payable to the Contractor when the work shall have been completed
to the satisfaction of the said Jail Commission, or a majority of them,
and approved by the architect. That the Jail Commission is authorized
and empowered to erect the said jail on the property now owned
by Horry County and adjacent to the site of the present jail. That
the said Jail Commission is authorized and empowered to purchase
such suitable furniture and equipment for the jail and office building
as is necessary.
SECTION 4: Report.-That the Jail Commission shall furnish the
Legislative Delegation, including the Senator, each, monthly, a state-
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